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LANYARD CANCELLATION SECRET 

23 October 19 

IMMEDIATE TO 25X1 
LANYARD : 


FOR GEN GREER FROM DR. MCMILLAN 


FOR THE CONVENIENCE OF THE GOVT, you are herewith directed 
to terminate the L project in the foll manner: 


A. Issue stop work orders immed covering all work 
associated with this proj. 


B. With regard to the payload, you are to determine the 
degree and extent of further work which is in the best 
interests of the Govt to complete prior to termination of 
contracts. Such work as you determine shld be completed. 
Following which all payload hardware is to be place in 
secure storage, and all payload contractual effort 
terminated. 


C. With regard to all other proj hardware, you are to 
determine the extent and manner in which this hardware can 
be phased into other ongoing effort, and take action to 
modify affected contracts accordingly. Payload-peculiar 
hardware shid be placed in secure storage. 


5 contracts negotiated for L program by OSA Contr Off 
were involved ink the cancellation of L; 
ITEK Contracts BT-1943 and IK-4666 
LMSC Contracts MM-1954, LB-913 and SE-1928 (Partial) 


MM-1954 - LANYARD contract with LMSC for design, development 
and test of a Space structure subsystem for LANYARD which 
will functionally integrate the Agena vehicle, camera and SRV. 
and fabricate 8 units. 

ltr contract dated 2 Aug 1962 - definitive signed 11 Mar 63. 


With added work orders, at close-out time price vsf | 


NRO review(s) completed. 
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